



























1 BILL NO. s-87-027) 2 
9 SPECIAL ORDINANCE NO. S- 7 Y 4G 
3 AN ORDINANCE approving Change Order 
No. 1 and Final, Res. #407-85, 
4 Ph. VI, Southwest Interceptor S-1, 
with Winzeler Excavating, Inc., 
5 in connection with the Board of 
Public Works and Safety of the 
6 City of Fort Wayne, Indiana. 
7 NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
8 OF THE CITY OF FORT WAYNE, INDIANA: 
9 SECTION 1. That Change Order No. 1 and Final, Res. 
10 #407-85, Ph. VI, Southwest Interceptor S-1, with Winzeler Exca- 
11 vating, Inc., in connection with the Board of Public Works and 
12 Safety, for: 
13 Change Order #1 and FINAL, for 
Res. 407-85, Ph. VI, Southwest 
14 Interceptor reflects the line item 
unit balancing of work completed 
15 and deleted. Also, as a part of 
many easements settlements, property 
16 owners negotiated with Fred McCulloch, 
Land Acquisition Agent, to extend 
17 sanitary sewer taps by boring under 
Indianapolis Road and to correct 
18 drainage problems; 
19 involving a net increase of Thirty-Three Thousand Two Hundred 
20 Seventy-Three and 48/100 Dollars ($33,273.48), all as more particular! 
21 set forth in the specifications, and which is on file with the 
22 Office of the Board of Public Works and Safety and is by reference 
23 incorporated herein, made a part hereof, and is hereby in all 
24 things ratified, confirmed and approved. 
25 SECTION 2. That this Ordinance shall be in full force 
26 and effect from and after its passage and any and all necessary 
27 approval by the Mayor. 
28 
29 SB. ZH. 
Councilmember 
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SANDRA EE KENNEDY, CITY CLERK 


Read the 





in full and on motion by 
e , and duly adopted, 
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SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXA F MEFA Lp 
(SPECIAL) (ZONING MAP) ORDINANCE NO E 7 
on the => Lt day of ae i pe ; 
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SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 


Presented by me to the aaa of: the City of Fort Wayne, Indiana, 
on the OCA day of +. BS FO e 


at the hour of E OO AMES 7. “op 







o'clock Chess 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this at day of A A 
19 7 7 at the hour of g o'clock A M. pe Se Ts 


WIN MOSES, 






JR., MAYOR 


CHANGE ORDER 


Change Order No._1 and FINAL Resolution No. 407-85 
Project No. Board Order No. 
Name of Project: Southwest Interceptor S-1 Phase VI Date: 17 December 1986 
To: WINZELER EXCAVATING, INC. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 












Teen Ce Description of Change foo... be Change in Contract Price 
No. Quantity Description nit Price Increase 





Total Increase 


The sum of $_33,273,48 is hereby (added to) GEES EFSA) the total contract price 
and the final contract price shall be adjusted as follows: 


Net (Kaaxaxza) (Increase) Contract Price 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$ 849,429.20 


$—849,429.20 
¿882,702.68 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by _-0- calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 
amendment to the contract and_all,provisions o he contract shall apply hereto. 
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_ ATTACHMENT TO CHANGE ORDER 


iin, as vg INTE OS Unie Belge 


6" "RESP - Class -LIT Ts. 35 


(22) LF 30" RCSP Class TIL j 60.75 


(20) LF 30' RVSP Class IV 


4 LF 18" RCSP Class, 1LI 


64.10 


30.00 


asse] 1s" mese clase mm o 


52 EF 8" Building Sewer-Jacked&Bored 


304 LF 


8" Building Sewer-Open Cut 


40.00 


13.00 


Decrease 


12336350 


1282.00 


1,092.00 


C75 LF 6" Building Sewer-Jacked&Bored 38.00 


(156)LF 6" Building Sewer-Open Cut 1200 


(T27ILF Y. 24" CMP = Gauge 14 


15.00 


2,850.00 
1,872.00 


1,905.00 


(113)LF 10" Field Tile Replacement 
452.51 6' Field Tile Replacement 


(153 4" Field Tile Replacement ' 


4 EA| Type I-J Manhole O A Ra 1,125.00 
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Catch Basin-CFW STandard 





12.00 


10.00 


135906: 00 
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604.00 


475.00 


real et service tap | 5.00 


Net (Decrease) (Increase) 


Total Decrease 
Total Increase 


Contract Price 


950.00 


2251100 


525.00 


Increa 


3565.75 


- 120.00 


2,080.00 


3,952.00 


1,056.00 


4,525.00 


4,580.0(€ 
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Description 


400: CY Unstable Soil Excavation 
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_ATTACHMENT TO CHANGE ORDER 


10.00 


(13.9) CY Special Backfill-Gravel 5.50 
(99) SY 12" Deep Strength Asphalt 50.00 


169 SY 10" Deep Strength Asphalt 45.00 


92- SY 4" Asphalt Drive Replacement 30.00 


ae 


SY 
270% Gravel Shoulder Replacement 4 


(4) EA Right-of-Way Marker Replacement 


(20) CY | Special Backfill 453-473 


1 EA 8' Bulkhead 
IL EA Gas Line Relocation Allowance 


0 


5 
50.00 


1815 Y Seeding € 2' Bulch 023 


104 SY Rip Rap 1' Drop 


255708 8" Laterals Bored and Grouted 


TLS Dewater Bores 


Net (Decrease) (Increase) 


6 


Total Decrease 


Total Increase 


Contract Price 


Unit Price Decrease 


70.00 


76.45 


4,950.00 


157-30 


864.00 


136.00 


200.00 


22), 922.73 


132.00 


7,200.00 


Increase 


4,000.00 


7,605.00 


2,760.00 


70.00 


+ 65.16 


2,600700 
30,600.00 


3,730.00 


-ATTACHMENT TO CHANGE ORDER 
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Description Unit Price Decrease 
A A AN A A A A A 


Additional Depth MH 45-36 3,704.75 
Additional Tap 725.00 
1500 CY Special Backfill for Tile Repairs 


t 


` 
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1 LS 
1 LS 


Total Decrease 52. OTOS 


Total Increase 


Net (BELEXAZEJ (Increase) Contract Price 


3J LOGS 


725.00 


13,500.00 


85,949.66 


33,273.48 


Change Order No. 1] and FINAL 


Resolution No. 407-1985 
Board Order No. 
REQUEST AND JUSTIFICATION FOR CHANGE 
1. Necessity for change This change order reflects the line item unit balancing 
of work completed and deieted. Also, as a part of many easement settlements, 
property owners negotiated with Fred McCulloch, Land Acquisition Agent, 
to extend santiary sewer taps by boring under Indianapolis Road and to 


correct drainage problems. 
A O e, o Hs A ee 


KK 


2. Will proposed change alter size of the project: Yes No X 





If yes, explain 


o nn ne ------Jo- II KK 


3. Affect on operation and maintenance cost of this project: 


N/A 


a nn nn eee A _—_—_ — —2—K—K—K<K— 





Project Engineer 
Allan D. Frisinger 


ha > R 1 7/90 
» a? ; Admn .`Anpr. - 
TITLE OF ORDINANCE Change Order #1 and Final, Res. 407-85, Ph. VI, Southwest 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & safety J F702 0G 


Change Order #1 and FINAL, for Res. 407-85, Ph. VI, 


SYNOPSIS OF ORDINANCE 
A A 


Southwest Interceptor reflects the line item unit balancing of 





work completed and deleted. Also, a part of many easements 

_.  __— e e a A cee a syle 
settlements, property owners negotiated with Fred McCulloch, Land 
Acquisition Agent, to extend sanitary sewer taps by boring under 


Indianapolis Road and to correct drainage problems. Winzeler 


Excavating, Inc. is the contractor. 
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EFFECT OF PASSAGE To facilitate completition of project. 


A e a IRE 


a ee a ten 
EFFECT OF NON-PASSAGE 
A A O Be N ae 
7 > 
a ea A AA OE A ced 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $33,273.48 
A ee O A o ee 


a SNE E ERA CI O A 
ASSIGNED TO COMMITTEE 

A A A ES II A A 
A A A ea a 
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BILL NO. 





REPORT OF THE COMMITTEE ON CITY UTILITIES . 
a 


WE, YOUR COMMITTEE ON CITY UTILITIES i TO WHOM WAS 





REFERRED AN (ORDINANCE) (RESOHUTXGN). approving Change. Order 


No. 1 and Final, Res.. #407-85, Ph. VI, Southwest Interceptor S-l, 
with Winzeler Excavating, Inc., in connection with the Board of 


Public Works and Safety of the City of Fort Wayne,- Indiana 




















* HAVE HAD SAID (ORDINANCE) (RESOfPEON) UNDER CONSIDERATION AND BEG. 
t 








- LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(RESORURROKK 
YES. NO 
A= <a, GS CES CHARLES B. REDD 
= Fe CHAIRMAN 


A PAUL M. BURNS 
AAA are VICE CHAIRMAN 
_——; eile THOMAS C. HENRY 


f be Lg BEN A. EISBART 


SAMUEL J. TALARICO 


CONCURRED IN_2 -2 FZ SANDRA E. KENNEDY 
CITY CLERK 


